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BILL NO. S-87-09- L$ 


SPECIAL ORDINANCE NO. S 4 7 Ey 


AN ORDINANCE approving Change Order 
No. 1, Southwood-Stratford Storm 
Sewer, Res. 428-86, with Land, 
Inc., in connection with the Board 
of Public Works and Safety of the 
City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1, Southwood-Stratford 
Storm Sewer, Res. 428-86, with Land, Inc., in connection with 
the Board of Public Works and Safety, for: 
Change Order #1 for Res. 428-86, 
Southwood-Stratford Storm Sewer, 
reflects actual field quantities 
used; 
involving a net decrease of Seven Thousand Eighty-Eight and No/100 
Dollars ($7,088.00), all as more particularly set forth in the 
specifications, and which is on file with the Office of the Board 
of Public Works and Safety and is by reference incorporated herein 
made a part hereof, and is hereby in all things ratified, con- 
firmed and approved. 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 






erger, City Attorney 
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secondes. by P sand dii dopted, t% second tim 
by title and rearer=aq to tne Committee SOPORE AXE Gen un the ci: 
PEG Coamiesion fzr POueLBILEGatiUnbhb and Pul e Hearing to se held we) 2 
dus legal notice, at the Council Chambers, Citv-Cox Lld4 "Ort War 
TRL ONS, on 





day of 








"goo ; at DA Deuda. 
ETOECH MUI E d 
DATE Vds d AOA m yy 











NDRA E. KENNEDY, CITY CLERK 


Read the tha time jn full and on motion by PE 

















seconded by , and duly adopted, Dlaced on its 
passage. PASSED (LOST) by the following vote: 
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SANDRA E. KENNEDY, CITY CLERK 


Passed and acopted by the Common Council or the City OL Fort | 


Wayne, Indiana, as (NNEXS ELON} —(APPROPRTATION] (GENERAT) 
(SPECIAL) (ZONENG-MAP) ORDINANCE ( NO. J - <7 ' SOP eee 


on the SA AL day of E 19 / A ja 
ATTEST: 


$ TESTE ) (SEALY. C) 
: o £ MN Tak d P 
SANDRA E. KENNEDY, CITY CLERK ao 


Presented by me to the Mayor of/the City/of Hort Wayne, Indiana, 


13 JU 









at the hour of i / “20 o'clock "^. M., E.S. T. 


SANDRA E. KENNEDY CITY CLERK 
. 3 ' i 2 —— . r, 
Approved and signed by me this aay at 4. Lern brr , 


ge ZA. 
19 7 r at the hour of i ere o'clock Mey ESS e Ts 
















WIN MOSES, JR., MAYOR 


CHANGE ORDER 





Change Order No. — 1 (Final) Resolution No. 428-86 
Project No. oo re eee ae Board Order No. 283-86 
Name of Project: SOUTHWOOD-STRATFORD STORM SEWER Date: 12 August 1987 
LOs LAND, INC. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 






trem scr] Description of Change 
No. 


See Attached 


Change in Contract Price 
Decrease Increase 




















Total Decrease 





Total Increase 4,139.00 


The sum of $ 7,088.00 is hereby (Z444XXKX) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Net (Decrease) (Xmwmgexss) Contract Price 


Original Contract Price 
104,947.00 
Current Contract Price Adjusted by Previous Change Order $105,947.00 


104,947.00 
New Contract Price including this Change Order $ 97,859.00  — 


The time provided for completion in the contract for this project is (unchanged) (Xxgx&xx$&W) 
(decreased) by calendar days due to this Change Order. The date for completion 
of all work shall be UNCHANGED . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 

eg. $27 


Recommended by: — Skee / Chief Engineer Date 26D 


Accepted by: Os. LA. pA Contractor Date 2 - a ) - 8 l 
TA l 2^ 
í E ; = 
Approved by: Ly Y aA £f CAES City Engineer Date K 7 20 g? 
PA 


Approved E e, = E T -— c — .-Bwner Date Dus ca dá e Y 5 
a CSS 0X 
S - 
ZZ ee 4 


f= 


PEG 


pest T i e — / 
Attested by: Aleu) $ / PV AS J erk Date s nd c 2 


E 


Change Order No. 
Resolution No. 428-86 
Board Order No. 283-86 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Change reflects actual quantities used on project. 


——————————————————————————————————————————————————————————————————————————————— 














Will proposed change alter size of the project? Yes No X 


If yes, explain 








Affect on operation and maintenance cost of this project: 


None 
Qu BASIS denis sth Nc Actas la see eee adt Se LIA ce aaa DM RR. Gir Rn f coup cte ui He edo: N Ne: 





ATTACHMENT TO CHANGE ORDER 


Item [Quantity | Description of Change | ucc Chane e Conftat price 

lol 209 Description Increase 
s 
| 
1 
£ 
i 
T 
a 
| uis ea 5 09 5 [sw]  anew) 
n 
Total Decrease 

Total Increase eee 4,139.0t 

Net (Decrease) ODDGODOUGXX Contract Price 


Change Order 


This form is to be completed for any project requiring Board 
of Works justification at City Council. This complete form 
is to be in the Board's office no later than 2:00 p.m. on the 
Tuesday of introduction. : 


Resolution/8B&, No. 429-96 ^ Description SOUTIWOOD-STRATFORD 
STORM SEWER 
pu ue e qm EN 
Original Contract $ 104,947.00 Prev. Chgs. $ 0.00 





Request is increase of $ % Change + 








decrease of $ 7,088.00 % Change - 6.75 








Reason for change (be specific and quantify): Change 


reflects actual field quantities used. Also, work to be done for Park 


Department under this contract: was cancelled by the Park Department. 
eee 
eee 


Is this the final change order expected for this project? 


Yes 





$$ A 
Why wasn't this projected in the original estimate: 


Extra care taken by Contractor can not be estimated. 
eee 
eee 


Baia he ial Se OLE a GE nn nn 


What will we be doing to prevent similar oversights in the 
future: 






Date 12 August 1987 





(Attach comment sheet if necessary) 


Admn. Anpr. 


TITLE OF ORDINANCE Change Order #1 (Final) Southwood-Stratford Storm Sewer, 
ave + x ——————————————————— 2 Ress 42-8 86 





DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE Change Order #1 for Res. 428-86, Southwood-Stratfor 
Storm Sewer, reflects actual field quantities used. 


Band; Inc. is the Contractor. 


LARS IEEE 




















EFFECT OF PASSAGE To facilitate completion of project. 








EFFECT OF NON-PASSAGE , 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $7,088.00 


ASSTGNED TO COMMITTEE 


BILL NO. S-87-09-14 
REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM was 
REFERRED AN (ORDINANCE) (Resdkeeron) approving Change Order No. 1 


Southwood-Stratford Storm Sewer, Res. 428-86, with Land, Inc., in connection 

















^ 


"HAVE HAD SAID (ORDINANCE), (RESOEUEEON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


A4RESOLUELON) 





YES 


JAMES S. STIER 





—ZÀ m dy. EZamec CHARLES B. REDD 
" ———À a Es RTL E EE E NEST VES CFR M UN FORRES CL 


CONCURRED IN c ay FF SANDRA E. KENNEDY 
CITY CLERK 


